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BILL NO. S-83-03- 






SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. 1 for Resolution No. 368-82, 

Spy Run, Elizabeth Street Storm 
Sewer Repair, Federal Emergency 
Agency Damage Survey Report #044897, 
in connection with the Board of 
Public Works. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 


FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Resolution 368-82, 


Spy Run, Elizabeth Street Storm Sewer Repair, Federal Emergency 
Management Agency Damage Survey Report #044897, with Earth Con¬ 
struction & Engineering, Inc., in connection with the Board of 
Public Works, for: 


Necessity for change: Items 1 & 2: Actual 
pipe measurements; Item 3: Maximum pay 
quantity based upon OD of pipe + 30 x length 
x avg. depth. Item 5A: Addition inlet with 
curb opening needed at southeast corner. Ori¬ 
ginal curb opening structure not possible due 
to utility conflict. Items 6 & 6A: 14" Deep 

Strength Asphalt was required in accordance 
with DSE #044897. The presence of utilities 
required that the trench be opened much wider 
than anticipated and more asphalt and more 
asphalt replacement was necessary. Items 8 & 9: 
Actual curb & sidewalk measurements. Time ex¬ 
tension needed to allow for restoration of 
Spring of 1983; 


involving a net increase in the amount of Five Thousand Fifty- 
Eight and 27/100 Dollars ($5,058.27), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works, and is by reference incor¬ 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 


SECTION 2. 


That this Ordinance shall be in full force 
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Page Two 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 


Councilmember 

APPROVED AS TO FORM 
AND LEGALITY 


Attorney 









Read the fir, 
seconded by 


irjji-, time in fu; 


in full and on motion by^ 
dopt 


and duly 


by title and referred to the Committee /f / (and the City 

plan Commission for recommendation!—anrdr-Pub-lic- Hear-ing-^ t o -bgjji e’ld aft ftr 
due legal notice, at tlje^Council Chambers, City-County BuildingT Fort Wayne, 
Indiana, on_'_, the__day of 


19 


at 


0> 




z: 


iO' clock_,_.M.,E.S.T. 


CHARLES W. WE3TEJ 


___ — / 


.n - city cle: 


Read the th 

seconded by_ 

passage. PAS 


time "Yin full and on motion by_ 

_, and duly adopted, placed on its 


:rk 


by the following vote: 


TOTAL VOTES 

BRADBURY 

BURNS 

EISBART 

GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 

TALARICO 


DATE: 


AYES NAYS 

J- 





ABSTAINED ABSENT TO-WIT: 



CHARLES W. WESTERMAN - CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne 

Indiana, as C&QNI N G- MAP) -(G ENERA L^-—(ANNEXATION 

:CA2RR9PRiA£I0N) ORDINANCE (RE SOLUTION) NO. 

/q? d ay of ^ 

ATTEST: 


on the 


(SEAL)_ 


(SPECIAL) , 

Jz_z 

U- 


19 


Z n Trnv nr v DDVCTnTMr:' Trrn 


CHARLES W. WESTERMAN - CITY CLERK PRESIDING' OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 

the_ /d ay of , 19 , at the hour of 

//■’'** o'clock .M.,E.S.T.^ 


CHARLES W. WESTERMAN - CITY CLERK 
1 *9MK _day of_ 


Approved and signed by me this 
19 , at the hour of \{) o'clock -f\ .M.,E.S.T. 

C]> 


WIN MOSES, JR. 


MAYOR 
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COPIES TO: 


To_ 

From_ 

Subieet 


Memorandum 

Board of Public Works thru Philip R. Boiler p a t e January 7, 


C. Duane .Embury, P.E., Chief Water Pollution Control Engineer 


SPY RUN - ELIZABETH STREET STORM SEWER REPAIR DSR #044897 

RES. #368-1982 P.0. A-23747 W.'O. #/9'04'6 . 


1982 


Brown 

File 

Chrono 


Attached for your review, approval and submittal to City 
Council is Change Order #1 for subject project in the 
amount of $5058.27. As noted on Sheet 3, the numerous 
utilities within this intersection required removal and 
replacement of considerably more asphalt than originally 
anticipated, in addition to increasing other unit items. 

Please direct any questions to Bill Shininger or the 
undersigned. 



C. Duane Embury, P.E. 

Chief Water Pollution Control Engineer 
CDE/BS/ds 


Attachment 











CHANGE ORDER 


Change Order No._^__ Resolution No. 368-1982 

Project No. DSR# 044897 _ Board Order No . 58-82 

Name of Projec t: 8py Run/Elizabeth Storm Sewer _ Dat e: 1-3-82 _ 

T o: Earth Construction & Engineering, Inc. _ - £/£ 

(Contractor) Sy/jj ^ 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 









SEE ATTACHED SHEET 2 OF 3 
















i 






Total Decrease 

Total Increase 

Net (Stscasesse) (Increase) Contract Price 

3187.92 . 



8246.19 


5058.27 


The sum of $ 5058.27 _is hereby (added to) from) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


6 25,027.50 

c 25,027.50 

c 30,085.77 


The time provided for completion in the contract for this project is («®Sfe3ffi£ggS) (increased) 

(dEmxEHXEd) by 75 _calendar days due to this Change Order. The date for completion 

"or - all’ work shall be May 15, 1983 _. Furthermore, this document shall become an 


amendment to the contrai 
Recommended by: 

A-ccepted by 
Approved by: 


Approved by: 


and all provisions of the contract shall apply hereto. 

Chief Engineer Date .3 f ° 


Contractor 


City Engineer 



Date r//^ aJ U> , /<?£?, 

Date yW Jg 

Date * /9fs 


Attested by:. 


> ^ 




C lerk. Date. 




















































ATTACHMENT TO CHANGE UKDEK 


{ SPY RUN AVENUE - ELIZABETH STREET STORM SEWER 
DSR # 044897 RESOLUTION #368-1982 

EARTH CONSTRUCTION & ENGINEERING, INC. , CONTRACTOR 




Description of Change 


Change in Contract Price 

No. 

Quantity 

Description 

Unit Price 

Decrease 

- Increase 

1 

3.2 L.F. 

12" RCP CL. IV 

$ 27.60 

$ ' 88.32 


2 

4.7 L.F. 

18" RCP CL. IV 

48.65 


$ 228.66 

3 

86.2 C.Y. 

STONE BACKFILL 

8.00 

689.60 


5A 

1 EA. 

TYPE I-C Inlet 

875.00 


875.00 

6 

■ 100 S.Y. 

10" DEEP STRENGTH ASPHALT 

' 24.10 

2410.00 


6A 

203.2 S.Y 

14" DEEP STRENGTH ASPHALT 

31.33 


6366.26 

8 

23.7 L.F 

, CITY OF FORT WAYNE TYPE III 






CONCRETE CURB 

15.25 


361.43 

9 

21.55 S.Y 

. 6" CONCRETE SIDEWALK 

19.25 


414.84 
























































To 

ital Decrease 

$ 3187.92 


Total Increase 

Net LTfrrr-nfa^fia.) (Increase) Contract Price 


$ 8246.19 


$ 5058.27 


2 of 3 











































Change Order No.____l_ 

Resolution No. 368-82 _ 

Board Order No. 58-82 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for chanee; Items 1 & 2i Actual pipe measurements _ 

Item 3: Maximum pay quantity based upon OP of pipe -f 30 x length x avg. depth. 

Item 5A: Addition inlet with curb opening needed at southeast corner. Original 

vr' curb opening structure not possible due to utility conflict. 

Items 6 & 6A: 14" Deep Strength Asphalt was required in accordance with 

DSE # 044897. The presence of utilities required that the trench 
be opened much wider than anticipated and more asphalt replacement 
was necessary. 

Items 8 & 9: Actual curb & sidewalk measurements. Time extension needed 
to allow for restoration in Spring of 1983. 

Will proposed change alter size of the project? Ye s X No__ 

If yes, explain 

In cost only .. . 


Affect on operation and maintenance cost of this project: 

Additional asphalt will allow less possitility of settlement of pavement. 
Additional type I-C Inlet will give less chance of clogging from leaves. 


VwH,(< 18 £, 

-DTTRa" k r fi ' -i r. -i n t- -P P- r-Jii.-" 



























S-83-03-46 


BILL NO. 


REPORT OF THE COMMITTEE'ON CITY UTILITIES 


WE, YOUR COMMITTEE ON cit Y Utilities _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1 for Resolution No. 368-82, Spy Run, 
Elizabeth Street Storm Sewer Repair, Federal Emergency Agency Damage Survey 
Report #044897, in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 




























Admzi. Appr._ 


DIGEST SWEPT 




(*223 


TITLE OF ORDINANCE Change Order #1, Res. 368-82 - Spy Run - Elizabeth Street Storm 
- Sewer Repair- ------ 


DEPARTMENT REQUESTING ORDINANCE 


Board of Public Works 


SYNOPSIS OF ORDINANCE_ Necessity for change: Items 1 § 2: Actual pipe meas urements 

-—Item 3: Max imum pay quantity based upon OP of pipe + 30 x length x avg. depth. 

Item 5A: Addition inlet with curb opening needed at southeast comer. Original 
_curb opening structure not possible due to utility conflict. g 


rSElfe* ^ 14 " ° eeP St / en ^ Asphalt was required in accordance with DSE 

# 044 ^ The presence of utilit ies required that the trence be opened must wider 
-Ehhn a OTTtipuL.d and inure ajuliul l. and morn Wag %, 0 ,. aeg , w 

Items 8 & 9: Actual_curb & sidewalk measurements. Time extension needed to 
_allow for restoration of Spring of 1983. 


Earth Construction § Engineering, Inc. is the Contractor. Federal Management" 
■Agency Damage Report #044897. cucidi Management 


'EFFECT OF PASSAG E Additional asphalt wil l allow less possibility of settlement of 
pavement. Additional type I-C inlet will give less chance of clogging from ledTes. 


EFFECT OF NON-PASSAGE 


MET INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) Increase $5,058.27 


ASSIGNED TO COMMITTEE (PRESIDENT) 





































































